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BILL NO. S-82-08- 21 


SPECIAL ORDINANCE NO. 


b- /S3-* Ul. 


AN ORDINANCE approving Change Order No. 1, 
Resolution No. 5926-82, Jefferson-Main-Illinois 
Road Traffic Channelization, in 
connection with the Board of Public Works. 


BE IT ORDAINED BY THE COMMON COUNCIL OF THE CITY OF FORT 
WAYNE, INDIANA: 


SECTION 1. That Change Order No. 1, Resolution No. 


5926-82, Jefferson-Main-I11inois Road Traffic Channelization, with 
Brooks Construction Co., Inc., in connection with the Board of 
Public Works, for: 

additional asphalt base, four more twelve inch 
channels, removal of a sign base, installation 
of a concrete gutter turnout, and installation 
of curb delineators for better traffic flow 
and for the safety of travel through the 
intersection; 

involving a net increase in the amount of Three Thousand Six 
Hundred Fifty-Two and 08/100 Dollars ($3,652.08),as set out in the 
specifications which are on file in the Office of the Board of 
Public Works and are by reference incorporated herein, made a part 
hereof and are hereby in all things ratified, confirmed and 
approved. 

SECTION 2. That this Ordinance shall be in full force 


and effect from and after its passage and any and all necessary 
approval by the Mayor. 


APPROVED AS TO FORM 
AND LEGALITY 


Bruce 0. Boxberger, City Attorney 


* Councilmember 







Read the first myir\ full and on motion by {Q —- 7 — , 

seconded by__, and duly^dopted, read^the/second time 

by title and referred to the Committee (and the City 

Plan Commission for recommendation-)—a nd Puir lifi-4te a_T-i ng to be he ie after 
due legal notice, at the Cofmcil Chambers, City-County building, Fort Wayne, 
Indiana, on_\_, the__day of 




CHARLES W. WESTE] 


Read the third 

seconded by_ 

passage. PASS 


TOTAL VOTES 


tnd on motion by_ 


tfESTERMAN 


- CITY CLERK 


by the following vote: 

NAYS ABSTAINED 


and duly adopted, placed on its 


GiaQUINTA 

SC 1ZO&G-S 

N-PPKOES 

SCHMIDT . 
SCHOMBURG 


DATE: 




CHARLES W. WESTERMAN - CITY CLERK 

Passed and adopted by the Common Council of the City of Fort Wayne, 

Indiana, as ( ZONING MAP )-(GENERAL") (ANNEXATION) (SPECIAL) 

.(APP ROPRIA TION) ORDINANCE (RESOLUTION) ^0 . 

on the 


/ 


_day of_ 




19 




ATTEST: 


(SEAL) 


IARLES W. WESTERMAN - CITY CLERK PRESIDING OFFICER 

iyor of the City of Fort Way 
— , 19 zxL~) , 


CHARLES 

Presented by me to the Mayor pf. the City of Fort Wayne, Indiana, on 
_day of — , 19 /f ~ at the hour of 
o'clock 




db^l .M. ,E.S.T. 


Approved and signed by me this 
i9_ jfo, at the hour of_^_o'clock 


CHARLES W. WESTERMAN - CITY CLERK 

^rvxD d ay of_ 






WIN MOSES, JR. 
















































































S-82-08-21 


REPORT OF THE COMMITTEE ON 


PUBLIC WORKS 


*d-q lie Wo irk s 

WE, YOUR COMMITTEE ON _TO WHOM WAS REFERRED AN 

ORDINANCE_ approving Change Order No. 1, Resolution.No. _ 

5926-82, Jefferson-Main-Illinois Road Traffic Channelization, in 

connection with the Board of Public Works 


HAVE HAD SAID ORDINANCE UNDER CONSIDERATION AND BEG.LEAVE TO REPORT 



.CHARLES W. WESTERMAN, CITY CLERK 


DATE. 






























CHANGE ORDER 


Change Order No. 
Project No. 

Name of Project 


1 


Jefferson-k Main Traffic rh a nnpli7 ? h- pn 


Resolution No. 5926-82 _ 

Board Order No. 140-81 _ 

Date August 3. 198? 


To: Brooks Construction Co., Inc. __ ? 

' (Contractor) t/tf/fZ- 

Gentlemen: 

You are hereby requested to comply v/ith the following changes from the contract plans and 
specifications: 


No. 

Ouantitv 

Description of Chanqe 

Unit Price 

Chanoe in Contract Price 

Material 

Decrease 

Increase 

35 

1 Ea. 

Removal of Sign Base Concrete 

100.00 


100.00 

36 

1 Ea. 

Concrete Gutter Turnout 

50.00 


sn op 

37 

60 Ea. 

Curb Delineator 

7.25 


A^s.OO 

28 

4 Ea. 

12 Ft. - 3 Lb. Galvanized U-Channel Pos 

: 25.30 


101.20 

9 

L15.5 Tons 

H.A.C. Base #5-D for Widening 

26.25 


3,031.88 

27 

4 Ea. 

10'Ft. - 2 Lb. Galvanized U-Channel Pos 

t 16.50 

66.00 


























Total Decrease 

Total Increase 

Net (D©§3®XM) (Increase) Contract Price 

66.00 



3.718.08 


3,652.08 


The sum of 5 3.718.08 _ is hereby (added to) the total contract 

orice, and the final contract price shall be adjusted as follows: 


Original Contract Price $ 70.287.0S 

Current Contract Price Adjusted by.Previous Change Order 5_ 

New Contract Price Including this Change Order $ 73,889.13 


The time provided for completion in the contract for this project is (unchanged) (iBgjtaej&sd) 
by -0- calendar days due to this Change Order. The date for completion 

)f all work shall be _ . Furthermore, this document snail become an 

imendment to the contract and all provisions of the contract shall apply hereto. 


Er.cineer) Date 


tecommended by: hief Sfcr. 

Accepted by: (Contractor) Date 

/ /) /"7 (Director of Transportation) 

approved by: f ^ ~ Dai 


approved by: 



UhJh^I juwJ&zE 


(Owner) Date 


A/J/8Z. 

y- s-g-z—- 

f-3-^ 



Date f- V-**' 























































Change Order Mo. 1 _ 

» . Resolution No. 3976-87 _ 

Board Order No. 140-81 _ 

REQUEST AND JUSTIFICATION FOR CHANGE * • 

Necessity for change: Item #9 (H.A.C. Base 5-D) Added asphalt was used because of D-Lane 

0 npnny’s V _ T .P. T.nnngp • Trem #78 (12 Ft. - 1 Lb. Gal. U-Channell 4 more 1 2 Ft. Channels- 

were used because 10 Ft. was not long enough; Item #35 (Removal of Sign Base) This base had 

to be removed because it was in the left turn lane for West Main; Item #36 (Concrete Gutter 

Turnout) This turnout was installed to alleviate a water pocket’on Illinois Road; Item #37 
(Curb Delineator) These delineators were installed to safely guide traffic through the in¬ 
tersection. — 


Will proposed change alter size of the project? Yes_ No x 

If yes, explain: ____ 


Affect on operation and maintenance cost of this project: N/A 



Engineer 































TITLE QF ORDINANCE Change Order #1, Resolution 5926-82, Jefferson-Main-Illinois Road 

Traffic Channelization 

DEPARTMENT REQUESTING ORDINANCE Board of Public Works 


SYNOPSIS OF ORDINANCE This change order reflects the additional asDhalt base 
four more 12 channels, removal of a sign base --■——-— 


- --, icuuvai w d ^-Lgll Dase, -—- 

installation of a concrete gutter turnout, and installatidn^of curbldelineators 
.for a better traffic flow and for the safety of travel through the intersection. 


Brooks Construction Co., Inc, is the contractor. 


EFFECT OF PASSAGE safe traffica flow: .liming 


EFFECT OF NON-PASSAGE problems will be created in traffic flow 


MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) Net Increase of $3,652.08 With 
this increase, the total cost of project is still under the engineer's estimate. 

ASSIGNED TO COMMITTEE 











































